BID FORM 


TO THE AWARDING AUTHORITY: 

A. The undersigned proposes to furnish all labor and materials required for the construction of 

Refrigeration Upgrades/Ed Burns Arena 

Arlington, MA 

in accordance with accompanying Plans and Specifications prepared by the Architect 

American Refrigeration Company 

149 River St. Ste. 3 
Andover, MA 01810 

for the Contract Price specified below, subject to additions and deductions according to the terms 
of the Specifications. 


B. 


This Proposal includes Addenda numbered: 



The proposed Contract Price is: 

fl'V- hjnAred To/sniy *hree 4uw/- 1 

($ _ ). 

For Alternate No. 1 (Snow Melt System): Subtract 

($ 65,5^0.00 _). 


J 


Dollars 


Govrly 

+h ree Dollars 


D. 


The undersigned offers the following information as evidence of his qualifications to perform the 
work as proposed upon according to all the requirements of the Contract Documents: 

1. Have been in business under present business name fo r ^Cr\ 0*0 _years. 

2. Ever failed to complete any work awarded? t^o _. 


3. List three (3) separate Owner references for projects completed in the past five (5) years 
on which you served as contractor for work of similar character as required for this 
project: 


Owner Ref. Name 


we-lies ley 

5 Ci(\\er Chc/ti 
M IT 

ffohiosjo ft'.ftK 'Sat, 


Telephone No. 


Amount of Contract 


ooo, Os? d 


I t ooo,ooo 


rre^h AoUn-fe.,^ Ui6k K<\Hu5 3*2 i k Soo,OoO 

4. Bank 

The undersigned hereby certifies, under the pains and penalties of perjury, that he has 
carefully examined the Contract Documents, established a thorough understanding of the 
existing conditions, and has obtained sufficient information for executing the work of his 
Proposal and the work of all related trades. 



Cctrfio*iftjL 

HA 
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F. The undersigned agrees that, if selected as Contractor, he will within five (5) days, Saturdays, 
Sundays, and legal holidays excluded, after presentation thereof by the Awarding Authority, 
execute the Contract in accordance with the terms of this Proposal. 

G. The undersigned hereby certifies that he is able to furnish labor that can work in harmony with 
Owner’s separate contractor(s) and all other elements of labor employed or to be employed on 
the work and that he/she will comply fully with all laws and regulations applicable to awards made 
subject to MGL c.149, § 44A. 

H. The undersigned Proposer hereby certifies, under the pains and penalties of perjury, the 
foregoing Proposal is based upon the payment to laborers to be employed on the project of 
wages in an amount no less than the applicable prevailing wage rates established for the project 
by the Massachusetts Department of Labor and Workforce Development. The undersigned 
Proposer agrees to indemnify the awarding authority for, from and against any loss, expense, 
damages, actions or claims, including any expense incurred in connection with any delay or 
stoppage of the project work, arising out of or as a result if (1) the failure of the said Proposal to 
be based upon the payment of the said applicable prevailing wages rates or (2) the failure of the 
Proposer, if selected as the contractor, to pay laborers employed on the project the said 
applicable prevailing wage rates. 

I. The undersigned hereby certifies that all employees to be employed at the worksite shall have 
successfully completed a course in construction safety and health approved by the OSHA that at 
least 10 hours in duration at the time the employee begins work and who shall furnish 
documentation of successful completion of said course with the first certified payroll report for 
each employee. 

J. The undersigned further certifies under the penalties of perjury that this Proposal is in all 
respects bona fide, fair and made without collusion or fraud with any other person. As 

used in this subsection the word "person" shall mean any natural person, joint venture, 
partnership, corporation or other business or legal entity. 

K. The undersigned further certifies under penalties of perjury that the said undersigned is not 
presently debarred from doing public construction work in the Commonwealth under the 
provisions of Section 29F of Chapter 29, or any other applicable debarment provisions of any 
chapter of the General Laws or any rule or regulation promulgated thereunder. 


Date:. sJjLL !IQ 


Signed: 


(Seal) 


' independent ca\ don-jrac-Ws, 

(Name of Proposer) 








By: ? a frt l£jA. , fireSt ' d&x JT 

(Print Name and Title of PersorTSigning Proposal) 

7.\(j Avenue t Su. \e. 40 _ 

(Business Address) 


Ia^o b<->rn t _ 

(City and State) 

18 1 - 28 ? -oh 15 

(Business Telephone Number) 
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